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LOCKHEED AIRCRAFT CORP. _ CHANGE PROPOSAL 


DATE 30 June 1959 AFFECTS : _wseo [Xf prosect [a 
“NAME OF MAJOR COMPONENT PART OR LOWEST SUBASSEMBLY PART NO. & MODEL OR TYPE 
AIRPLANE COCKPIT Op SYSTEM 

TITLE OF PROPOSAL + cocKPTT OXYGEN PLUMBING REVISION 


NATURE OF PROPOSAL : | 
1. REROUTE COCKPIT OXYGEN PLUMBING ALONG FLOOR. te 


ee PREPARE AND ISSUE Seay ce. BULLETIN a APPROPRIATE XI. (su SB 406 arniciD) 


SEND CREW CONSISTING OF “ONE ENGINEER (FOR APPROX:, ome. WEEK). AND ‘Two MECHANICS ery 
(FOR APPROX, THREE WEEKS) TO LAFB TO MAKE. INSTALLATIONS’ OF “THESE KITS: / 


WE ARE PROCEEDING on THIS. work IN ADTANCE, oF NaITTEN A ‘APPROWAL. ae - 


a 


he 


REASON FOR PROPOSAL +: * 


~ PROVIDE ADDITIONAL CLEARANCE BR TWEEN, CooKPrTt. OXYGEN: LIWES J aw’ ADEN | 
ELECTRICAL, _AND. CONTROLS, COESENTS TO ‘ELIMINATE SBAVIOR ‘DAMAGE #0 OXYGEN. 


HEF! EMERGENCY U.R. 59-189 


Lae 


ESTIMATED COST AND TIME JNVOLVED : 
ADDITIONAL FUNDING REQUIRED : 


CP comonar taney ee ee 
ADDITIONAL FUNDING REQUIRED: No 
ITEMS AFFECTED BY PROPOSAL : | 
TIVENESS = com rm MANUA 


EST. MAN/HRS. REQ'D. TO ACCOMPLISH CHANGE IN FIELD 10 HRS. 
SOURCE OF PARTS FOR KIT _ TAVAILABILITY __, - WEEKS AFTER APPROVAL 
Immediately 


DISPOSITION OF SPARES AFFECTED 
INITIATED BY: APPROVED : 
LAC _ PROJECT al 
aa Approved or Release UU -“KUPOJBU OURUUU UUU4 JU 
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